To:  Cacciatore,  David[David. Cacciatore@CBIFederalServices.com];  Fassero,  Christopher  A 

NWO[Christopher.A.Fassero@usace.  army,  mil]; 

Mary. N.Dariing@usace. army. milfMary. N.Dariing@usace.army.mil];  Vail, 

Jon[Jon.  Vail@Cbifederalservices.com] 

From:  Schmittdiel,  Paula 

Sent:  Mon  6/1/2015  9:09:12  PM 

Subject:  RE:  Revised  Schedule  for  CB&I  Upper  Animas  Watershed  Task  Order 


David  - Can  you  send  this  revised  schedule  in  a format  that  I can  open  - maybe  Adobe 
would  work?  thank  you. 


Paula  Schmittdiel 
Remedial  Project  Manager 
U.S.  Environmental  Protection  Agency 
1595  Wynkoop  St. 

Denver,  CO  80202 
Office:  303-312-6861 
Fax:  303-312-7151 
Cell:  720-951-0795 


From:  Cacciatore,  David  [mailto:David.Cacciatore@CBIFederalServices.com] 

Sent:  Friday,  May  29,  2015  12:00  PM 

To:  Fassero,  Christopher  A NWO;  Mary.N.Darling@usace.army.mil;  Schmittdiel,  Paula;  Fagen, 
Elizabeth;  Migdal,  Walter;  Nadia  Burleson,;  Baden,  Dan;  Beth  Kelly,; 
'gr@burlesonconsulting.com';  McMillan,  John;  Isham,  Julian;  Vail,  Jon;  Matz,  Barbara 
Subject:  Revised  Schedule  for  CB&I  Upper  Animas  Watershed  Task  Order 


Team, 
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Attached  is  the  revised  schedule  for  the  Task  Order  deliverables.  I have  added  the  Progress 
Check  Point  conference  call  on  6/17,  corrected  the  start  date  for  the  Draft  Upper  Animas  Report, 
and  corrected  the  omission  of  the  Data  Gap  Analysis  and  Planning  Reports/Reviews.  I have  also 
corrected  for  weekend  dates,  moving  to  the  prior  workday,  which  has  been  noted  in  the 
predecessors  column.  We  spoke  of  expedited  document  reviews  and  comment  incorporation,  but 
I have  not  made  reductions  there  pending  discussion  during  the  Progress  Check  Point  conference 
call  on  6/17.  Please  let  me  know  if  you  have  any  questions. 


Thank  you, 


David 


David  A.  Cacciatore,  Ph.D.,  PE,  PMP 

Engineering  Manager 

Federal  Services 

Environmental  & Infrastructure 

Tel:  +1-925-288-2299 

Cell:  +1-925-383-9789 

david.cacciatore@cbifederalservices.com 


CB&i 

4005  Port  Chicago  Highway 
Suite  200 

Concord,  CA  94520 

United  States  of  America 
www.CBI.com 
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This  e-mail  and  any  attached  files  may  contain  CB&I  Federal  Services  LLC  (or  its 
affiliates)  confidential  and  privileged  information.  This  information  is  protected  by  law 
and/or  agreements  between  CB&I  Federal  Services  LLC  (or  its  affiliates)  and  either  you, 
your  employer  or  any  contract  provider  with  which  you  or  your  employer  are  associated. 
If  you  are  not  an  intended  recipient,  please  contact  the  sender  by  reply  e-mail  and 
delete  all  copies  of  this  e-mail;  further,  you  are  notified  that  disclosing,  copying, 
distributing  or  taking  any  action  in  reliance  on  the  contents  of  this  information  is  strictly 
prohibited. 
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